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rt on the custs of reconssraction work on tae salvage 
and the buiiding of ten seilvage 


Schiffah 
vessels "Grobian" ad "Goliath" 


caissons. 


Salvase Ship "Grobian.* - xeconstruction of wreexk tsa ijandisa® 
into a salvage veseel was commenced in 1950, "16 mesnus were 
provided from the fua 08 tucroaging the sera. supply 
Monts zur Erveiterung der Schrottkapazitacs 3). 

The job was ascicned to tre Pleue shipyard, with the provision 
ey it was to be completoc in 1950, on a cost estimate of 

DLE 435,106. The yard waa hot prepared to continue beyond Ge 
end of 1950 at the above enstinate. A new estizate of 
Di 654,960 was suomitted on 12 January 1951. About rideycar 
it pecane evident that the ship could not ove finished at 

this figure. The estimate had to be revised and provision 
nace for additional costse These additional costs anounted to 
bi: 235,€62 up to G1 August 1951. The main reason for the 
inercases wes thet in the beginning, througa Inefficient 
coordination and checklag: of the cost estimate, a whole 
list of itens was nos included. ‘these were put into the 
second estinate, but at too low a fisure. Ineluding 

bIi 175,000 appropriatcd fox Lose, the total cost of 
construction is placed at li. 1,000,000, ci whieh bi: 876,092 
are coveret by funcs provided, leaving an uncovered deficit 
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‘Salvage ship "Goliath." - iteconstruction of the salvage ship 
e 6 


tGoliath" from an 01d hull was begun early in 19 

cost estimate by the Mechiin shipyard was DM 235,000. This 
did not include the installation of machinery. The Mechlin 
yard was unable to carry ®.ut the work, which had tobe done 
mostly, if not entirely, <t Fuerstenberg. Altogether, ’ 


‘DM 402,764 were Gispensed in 1950 from the scrap fund. 


In 1951 a further investment of funds from other sources 
amounting to DM 90,465 was made. In the 1952 plan, an 
additional DM 80,000 is provided for completion of the 


‘ship, making the total completed cost DM 573,928. 


It has subsequently turned out that the ship's hull had 
plates only four mm thick. It is our understanding 
that thorough investigation is proposed by the Ship 
Classification Bureau (DSRK' to determine whether, since . 
reconstruction,the ship is :trong enough tobe certified 
for small coastwise trips. 


Caiassons; = The building of :en’salvage caissons was begun 
in 1950, the cost to be covered from the scrap fund. 

The caissons were to be completed in 1951. On the basis 

of cost estimates aubmitted by various firms, a price 

of DM 85,000 per piece a taren, or DM 850,000 for all — 

ten caissons. In 1950, the acrap fund advanced DM 419,710... 
From the investment fund 016 (Grobian, Goliath and catssons), 
DM 418,293 was sapent in 1951 for the caissons, making a —~ 
total of DM 838,003 advanced. The final works accounting 
amounts to DM 1,026,243, leavirg an uncovered deficit of 
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